ENGINEERING 
CHANGE 
NOTICE 


DART AEROSPACE 
L TO 


Distribution 
Reqd 
Resp 
Initial I Date 
Production Manager I Coord. 
Y 
LU'" 
Purchasing Coord. 
Y 
CL 
Production Engineering Coord. 
Y 
EC/DD 


Date: 
12.04.13 
Job No.: 
Product No.: 
0412-704 


Product Name: 
Copilot's Emergency Cargo Release Kits 


RD3405 
ADRYes/No: 
Created By: 
Checked By: 


Distribution 
DQA I QA Coord. 
ac Coordinator 
Customer Technical Support 
Marketing 


Customer Order Processing 


MB/DS 


Initial I Date 


566 


Reason for Change: 


Documents Affected: 
IIN-D412-704 Rev. C 
03208 Rev. C 


04622 Rev. A 


Revise Drawing per PAR12-162 feedback. 
Product Improvement 


ICA-D412-704 Rev. 4 
04610 Rev. B 
MDL-D412-704 Rev. A 


PARTS MUST COMPLY 


# 
Quality Assurance Actions 


1 
Notify Previous Customers 


2 
Notify Eurocopter France 


3 


Reqd 
Resp 


N 


N 


PREVIOUS PARTS SATISFACTORY 


Notes 
o 


Complete 


# 
Engineering 
Actions 
4 
Required Documents/Drawings Under Review 
5 
Update Master Document List (MOL) 
6 
Update Product Compatability Matrix 
7 
Create Eurocopter Form (FEE) 
8 
Notify TC I FAA of Change 


9 


Notes 


MDL-D412-704 Rev. A 


# 
Document Control Actions 
Reqd 
Resp 
Notes 
Complete 
10 Move Electronic 'Files/Design Journal 
Y 
KJ 
'2 
C tJ-, 15< 
<;.; 
~ 
11 Update Product Specification Files 
Y 
KJ 
Ifl. ()t 
".~~ 
12 Update Approved/Preliminary Dwg PDF Files 
Y 
KJ 
lZ.o 
',,18 
. ;:; 
13 Update Document Record (DR) 
N 
14 Update Product Development Summary 
N 
15 Update aSI 021 and/or STC Approval List 
N 
".•.. 
16 Update Parts I STC Database 
Y 
KJ 
Add 04610-7 & 04622-1/-3 
I'l:, /)(j. ~I'8 YY.r ••.. 
17 Update I Verify ARC Database 
Y 
KJ 
\0 "u I~ ~ 
18 Create I Update Change Record Form litem 
Card Database 
N 
V 
19 Create I Update PPP's 
I'd 
•• 
20 Red Decals required? 
N 
21 Update Document Control Database I Laminated Dwgs 
Y 
KJ 
fIJ~1 
~ 
~ 
22 Update Grey Project I Electronic Binder PDF Files 
Y 
KJ 
AddADR 
'1',D\ . IS<-kn- 
23 Update D-PartlM-Drawing/DSI/DEO Master Binders 
Y 
KJ 
I'. 
f)\.J I~ 
~ 
24 
U 


Description 
I Action: 


Update BOM/routing for 03208 Rev. C & 04610 Rev, B 


Update BOM/routing for 0412-704-015 
( '5,I L.L. A\" 
C t\ <:SOO\) 


Create BOM/routing for 04622 Rev. A 
Aft' 
{ 
Scrap 03208-7 Rev. B & D4610-3/-3F 
Rev. A in stock/in production. - 
s.~ 
4:. ~3'Z>7/83« 
J~IlU/ 
04610-1 Rev, A are OK, but future parts should be made to Rev B. 
I 
Note the only dxf has change are: D4610-1/-3F 
and add 04610-7 


Eagle need a red decal for 0412-704-015 Pedal release kit already receive (Ref. batch # 82193) 


ECN Verified & Complete: 


H:\Forms\Engineeringlapproved online eng\ECNrevS,xls 


Date: 


.. 
, 
i 
Kim Johnston 


From: 
Sent: 
To: 
Cc: 
Subject: 


David Shepherd <dshepherd@dartaero.com> 


Wednesday, April 18, 2012 5:35 PM 
'Mike Petsche'; 'Harvey Siemens' 
'Kim Johnston' 
RE:704 cargo release 


The only kit that is changing is the -015. The only kit we have shipped is to Eagle, who have incorporated 
the 


changes. 
Therefore, 
with the latest changes, I would leave D412-704-015 
at CHG 001. 


David 


From: Mike Petsche [mailto:mpetsche@dartaero.coml 
sent: April-18-12 
9:31 AM 
To: 'Harvey Siemens'; 'David Shepherd' 
Cc: 'Kim Johnston' 
Subject: 704 cargo release 


Guys ... 


Just to c1arify ....does the CHG number 
need to get rolled 
with 
this latest 
ECN? I am assuming 
it does. 


(Therefore 
the red decal would 
need the new CHG #) 


Mike Petsche 


Design Manager 


DARTAerospace 


Phone: 613-632-5200 


Mobile: 514-833-1657 


1 


